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DRAFT FOR DISCUSSION PURPOSES * INFORMATION AS OF 3/14/D2 


I Task Name 


Short Term study; EHC {EHCJ Ll/01/02) 


investigator Brochure 


Stuoy Objectives 


Draft protocol / Summary Plan 
Site Sefeclion " - 


IRB Review 


Btoanalytical Methods Set-up at MDS 


IRB Approval 


2nd Project Agreement 


Lighter Training 
Recruitment and Screening 


Test Materials Available 


Data Analysis Plan 

ETS Measurement 


I ease agreement (CRN!) 


Delivery of equipment (ORNL) 


Lease agreement (California Analytical) 


Delivery of equipment {California Analytical) 


Clinical Performance 


Subject Chech In 


Subject Ramdumwaliun 


Duralion 


226 days 


15 days 


Start I Finish 1 Predecessors 


Thu 11/1/01 Frl 9/6/02 


Wed 11/7/01 


Wed 11/21/01 


Mon 2/4/02 Wed 2/13/02 


Thu 11/22/01 


Wed 2/13/02 wed 3/02 8 


8 


a 

Study Conduct 

6 days 

B 

Subject Release 

0 days 


Lab Analysis 

40 days 


Ames Test 

120 days 


Data Management 

65 days 


Dralt Report 

S wks 


Results Available 

0 days 


Final Report 

20 days 


Mon 3/25/02 


Mon 3/25/02 


Mon 3/25/02 

Mon 6/24/02" 
Frl 8/2/02 ' 
Mon 8/5/02 


Mnn 17/3/01 


Mon 3/11/02 


Mon 12/3/01 


Mon 3/11/02 


Sun 3/17/02 


Mon 3/25/02 | 
Mon 4/1/02 


Thu 3/1 4/02 


Sat 3/10/02 


Sun 3/17/02 


Mon 1/21/02 


Mon 3/11/02 


Sun 3/2-4/02 


Fri 3/29/02 | 22 


Fri 4/12/02 


Mon 3/25/02 


5at 3/16/02 


Sun 3/24/OZ 13 


Prl5/17/0Z 10,25 


Fn 3/6/02 2 d 


Fri 6/21/02 25.30SS 

Fri B/2/02" 35 “ 

Fn a r 2/'G2 42 
“Fri 8^0/02 43“ “ 


Project: Short Term2 
Date: Tnu 3/14/D2 


Milestone 
Summary 
Rolled Up Task 


Rolled Up Split 

9 Rolled Up Milestone <0> 

[ Rolled Up Progrcoo ■■■■ 
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External Tasks ^ 
Project Summary ^ 
External Milestone 


Source: https://www.industrydocuments.ucsf.edu/docs/znmx0001 




























































































